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MEMORANDUM FOR THE RECORD 


SUBJECT: Concurrence in Final Settlement of Contract No. PO-660 
with Eastman Kodak Company 


1. This memorandum contains a recommendation submitted for 
concurrence of the undersigned. Such recommendation is contained 
in Paragraph 5. 


2. Contract No. PO-660 provided for the furnishing of all 
necessary labor and incidental materials required to operate and 
maintain the processing plant at Rochester, New York. The final 
cost and property audit of the contract has been completed and 
the AF Auditor's Report #972 has been submitted to this office. 
A copy of the report is attached. 


3. Charges in the total amount of jae ae ae 2 have been 25X1A 


audited and approved under the contract. Funds obligated under 
the contract and amendments thereto total reer ooo leaving 25X1A 
&@ balance of $0.75 in funding to be deobl 


igated. 


4, All work performed under the contract has been completed 
and accepted on behalf of the Government and all Government property has 
been properly accounted for. 


2+ Approval of final settlement of Contract No. PO+660 as set 
forth herein is recommended. 
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